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Contract No. INC-L43 
Amendment No. 6 
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Hastman Kodek Company a) 
Rochester, New York 


Gentlemen ¢ 


1. This document constitutes Amendment No. 6 to Contract 
No. ING-143 between Hastman Kodak Company and the United States 
of Anerica, 


2. Pursuant to the provisions of Paragraph (b) in Clause 3, 
LIMITATION OF COST, of this contract, it has been determined to 
be in the interest of the Government to increase the estimated 
cost of the contract. 


3. In SECTION ¢ - ESTIMATED COST AND FIXED-FER, of the 
contract schedule ag amended, Paragraph 1 is deleted and the 
following paragraph ia substituted therefor: 


lL. The estimated cost of the performance of thie 


contract, exclusive of the fixed-fee, 1s TWO HUNDRED FORTY 
THOUSAND SEVEN HUNDRED NINETY DOLLARS ($240,790). 


hk, By reason of the foregot the estimated totel contract 
price is increased by | 


Fes 


§. Please indicate your receipt of this Amendment No. 6 
to Contract No. INC+-143 and your acceptance thereof by executing 
the original end two copies of this Amendment. Return the fully 
executed original and one copy of this Amendment to the under- 
signed and retain the remaining copy for your files. 


Very truly yours, 
THE UNITED STATES OF AMERICA 


By. 


ACKNOWLEDGED AND ACCEPTED — a 
THIS DAY OF j 71959. 
EASTMAN KODAK 


Title Vice-President 
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29 December 1958 


MEMORANDUM FOR THE RECORD 


SUBJECT :. Concurrence in Amendment Ne. 5 to Contract No. No-1463| with 


Eastman Kodak Company Project 25X1A 


iL. This memorandum contains a recommendation submitted for approval 
of the Special Assistant to the Director for Planing and Development. 
Such recommendation ie eet forth in Paragraph 5. 


2. Comtract No. INC-143 and Amendments Nos. 1 through 4 thereto 
provide for the design, fabrication, test and delivery ef seven (7) 
25X1A Time Shared Camera Processors for the Air Maritime Division under 
Project [[ «| Cs Tndw Amendment No. 5 has been drawn pursuant to 
memorandum from the Chief, Air Division, Operational Services, dated 3 
December 1958, to provide for certain changes and additions in the 
design and construction of the processors. 


3. Contract No. INC-143 and Amendments Nos. 1, through 4 obligated oBX1A 
a total of $223,161 consisting of $143,548 chargeable to C_____] 
Allotment. 7-2119-71-020, $26,878 chargeable to (1 ___] Allotment 25X1A 
§-2119-71-019 and $52,735 chargeable to Allotment. 9-2619-75-919.  25X1A 
Taie Amendment No. 5 obligates an additional (913, 393 ehargeable to 
Allotment No. 9-2619-75-919. By concurrence to this memorandum the 
Comptroller signifies that sufficient funds are available for this additional 
obligation. 


a 


4. Certification of funds for this contract will be handled under 
the procedure ayproved by the Director of Central Intelligence on 15 
December 1956, which in effect results in 311 10(b) expenses involving 
ismuince of Treasury Checks being accumilated in a semrate account within 
the Finance Division. ‘The amounts in this account will be periodically 
scheduled for certification of the vouchers by the Director. This procedure 
eliminates the necessity for a te certification of authority under 25x14 
Section 10{b) of Public Law 110, Congress, for each contract. 
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5. Approval 
aac A Ri a eae 


Officer of General Counsel 


Approved Fag Release 2006/05/25 : CIA-RDP81B008Z9R000900040180-4 \ 


of Amendment No. 5 to Contract Ho. TNC-143 and execution 
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SX1A 


Special pepe to the Director 
for Planing and Develcypsent. 
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~ Pimance 
~ Chrone 
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